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}' l 'f peruauect my fron lection Jcilonotcr station 
l;.r W T (U 5S/4 flS^liocnualdo ' 
I- oo/ 66 1 SHCuion of the Berlin outer froljht 

Tin'* t»r- <s % <1 « t , V * 


ring was completed l 
was in progress on t 


.7 12 . 4.pr il 195Co excavating vo:ck 


progress on Zl , o section rron station Q„S 
to 6 , 3 „ %h® work on this flvc-metor cut will take 
at least four wooka. plans call for tic instal- 
lation of two tracks over this section, making the 
line suitable for passing* (1) „ 

♦ Additional blasting on section kilometer station 5 
is expected with in lilt next two weeks * The jovlot 
Buns tract ion staff has not disclosed the schedul ed 
date for 'blasting 0 

,ii,ll work except so.no ballast ing has been compl. 6 tod 
oa the section kilometer station 4,7 to Z, 7 ,"“ 

‘iTie permanent 1.717 and all culverts except one have 
bean completed on the section from kilometer sta- 


tion 2„7 to 1 , 9 „ Track ha 


not yet been laid 


'j‘lio permanent way on the section fron kilometer 
station L 9 to cm) is practically finished,. Track 
is to bo loia as fer as kilometer station 2,75„ 

Track laying operations have been completed as far 
as station G 

ijjc* bridge over tho .;rnke liver has been completed. ( 2 ) 

Txio f.arow croc sing point has boon completed mid has 
bean used bp the ncrlin Intorurban inilwny since 
4 peril 1950. (3) 
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1 1> 

| £31 


v/ere usou 


ae Kajrovj-MRPZahn section tea been completed,, 

southern connecting curve J®. 0 °“S5a^ 

tion near Blanfconburs- ^trtlbn is 

track to the Blankenburs reilrond potion is 
holm: built. /reparations uro bciat, to 

the construction of a bridge at 
of & rood v-ith fcte southern coanec-iut, cu.ve,^ 

sov iet truck 

|ecto (4) 

v, . ; n r-opkin'’ place ms ne^r ^cboenc-rl in&e 
T : r%> . **\ on W irH 1950. Hie tellenbacb . 

^ira ms in choree of nil activities . 
n-i to P-m) apprentices frora all railroad 

end railroad workers from the Berlin 
dlstdct, about 2.CC0 laborers ere em^ 
nio^od on the project. -*ix excavator. - , " 1050 

used,, The line could not oe ° n d OT " blasting 

baceuso of unexpected difficulties in noor maM *» 

r.o meat: /or blueprint shoving the atste 
,, TaTlSwS choonvalclc railroca section am. 

J’nder construction,, see amex« 

n<vnt , l'*ij a bridge ms built by 

Seer troonao technic! data are bo. 



\y q a a o’ n. i J .. a b 1 e « 


■ . ni1 -i i *■ for tbe crossing ol the 

■ cement i Bull « ± oi ^ 

ftmnierurbcJi railroad tracks 


Connent 


..ssiniied either to the 3CC or to 


gofs 




25X1 A 


25X1 C 


Approved For Release 2001/12/05 : CIA-RDP83-00415R005900050004-7 







lihCREl 


State of the Karow- Schonwalde Railroad 
Line Section at Present under Construction 


Sfatus of I2A.I950 

( Overlay to sheet i'ihb) 
Germany h 25000 



Schonwalde 


Muhlenbeck '(U 

//AV 


Cut of 5 m depth J f m6 ° 

I jl-^-passing siding 


Schonfliess 




"t* ^V///////Aj£/// ,/ . 

| T^Av7777//y//pWA Schonerlinde 


V, Schildow 


Lindenhof / A/t 


\\ 

three of four ■— — 
culverts are completed 


v 

bridge across the v 
Panke River ‘ 


Blankenfelde 



A Buchholz 



small bridge X^,. 
/Jr under construction t 


iff' Karow 
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State of the Karon- Schonwalde Railroad 
Line Section at Present under Construction ! 

Status of 12 A 1950 

( Overlay to sheet 33^6) 

Germany 1:25000 
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